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Status Report - July 18, 2011 


Tie Replacement Progress 


Middleborough/ Plymouth/ se : 
Number of Ties Replaced 63,875 48,284 8,343 120,502 
Total Number of Ties 65,000 81,000 13,300 159,300 


Current Terminal Station piget 2OrOues) Braintree Station 
Lakeville Station 


Grade Crossing Replacement Progress 
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e Bus Plan (Date Enacted) 
o Bus Plan A (3-14-11) 
= Direct bus service from Middleborough to Bridgewater 
o Bus Plan B (4-1-11) 
= Direct bus service from Middleborough to Campello 
= Direct bus service from Bridgewater to Campello 
o Bus Plan C (4-19-11) 
= Direct bus service from Middleborough to Montello 
= Direct bus service from Bridgewater to Montello 
= One stop bus service from Campello to Brockton to Montello 
o Bus Plan D (4-25-11) 
= Direct bus service from Middleborough to Holbrook 
= Direct bus service from Bridgewater to Holbrook 
= One stop bus service from Campello to Brockton to Holbrook 
= Direct bus service from Montello to Holbrook 
o Bus Plan E (5-9-11) 
= Direct bus service from Middleborough to Braintree 
= Direct bus service from Bridgewater to Braintree 
= One sop bus service from Campello to Brockton to Braintree 
= Direct bus service from Montello to Braintree 
= Direct bus service from Holbrook to Braintree 
o Bus Plan F/G (5-31-11) 
= Combined one stop bus service and direct bus service between Kingston, 
Plymouth and Halifax Station 
o Bus Plan I (6-13-11) 
= Combined one stop bus service and direct bus service between Kingston, 
Plymouth and Whitman Station 
= One stop bus service between Halifax, Hanson and Whitman Station 
o Bus Plan K (7-5-11) 
= Combined one stop bus service and direct bus service between Kingston, 
Plymouth and South Weymouth Station 
= Direct bus service from Halifax to South Weymouth Station 
= One stop bus service between Hanson, Whitman and South Weymouth 
Station 
= Direct bus service from Abington to South Weymouth Station 
o Bus Plan L (7-25-11) 
= Combined one stop bus service and direct bus service between Kingston, 
Plymouth and Braintree Station 
= Direct bus service from Halifax to Braintree Station 
= One stop bus service between Hanson, Whitman and Braintree Station 
= One stop bus service between Abington, South Weymouth and Braintree 
Station 
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